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A-01 /025W 

095938 291024Z/17 

R 290927Z AUG 77 
FM AMEMBASSY BRUSSELS 
TO AMEMBASSY LONDON 
INFO SECSTATE WASHDC 1545 
AMEMBASSY BONN 


LIMITED OFFICIAL USE BRUSSELS 10725 

BONN FOR RCO 
LONDON FOR ATO 

DEPT FOR OC; SY/FO; NSU; FBO; EUR/EX 
E.O. 11652: N/A 

TAGS: ACOM. ABLD, ASEC, NSU 

SUBJECT: COMMUNICATIONS AREA POWER AND AIRCONDITIONER RENOVATION 

REF: STATE 195628 
BRUSSELS 10558 

1 . HERE FOLLOWS, FOR PLANNING PURPOSES, PROPOSED SCHEDULE FOR SUBJECT 
PROJECT. 

2. THE CONTRACTOR WILL START EARLY SEPTEMBER WITH INSTALLATION OF 
GROUND ROD IN SECOND BASEMENT; PREPARATION OF DOORS, AIR VENTS AND 
DUCTS FOR GENERATOR AREA; INSTALLATION OF SUPPLY AND RETURN PIPES FROM 

MAIN TANK TO GENERATOR DAY TANK LOCATION; INSTALLATION OF SUPPLY 
PUMP IN SECOND BASEMENT; REMOVAL OF EXISTING AIR CONDITIONER NEXT TO 
ACTUAL PAD. 

3. FIRST WEEK OF OCTOBER: SUPPORT MATERIAL (CABLES. CLAMPS, PIPES, 

LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 02 BRUSSE 10725 290928Z 

CIRCUIT BREAKERS, DAY TANK, BATTERY CHARGER, TRANSFER SWITCH, POWER 
COMMERCIAL SWITCH...) ARRIVES FROM LONDON: INSTALLATION OF THE 4 INCH 
CONDUIT BETWEEN COMMERCIAL POWER SOURCE AND GENERATOR ROOM; INSTALLA- 
TION OF DAY TANK, BATTERY CHARGER. TRANSFER SWITCH. COMMERCIAL SWITCH 

ETC...); RENEWAL OF INTERIOR OF GENERATOR ROOM. 
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4. ON 17 OCTOBER, EARLY MORNING, ARRIVAL OF ALL REMAINING MATERIAL FROM 

LONDON WHICH WILL BE LIFTED ON THE FIRST FLOOR ROOF BY MEANS OF A CRANE 

RENTED FOR THAT DAY. INSTALLATION OF GENERATOR, CHILLERS, VOLTAGE 
REGULATOR AND TRANSFORMER. 

5. PLEASE ADVISE IF ITEMS CAN BE SHIPPED TO MEET THIS SCHEDULE AND IF 
TEAM CAN BE IN PLACE AS REQUIRED BY THIS SCHEDULE. CHAMBERS 

LIMITED OFFICIAL USE 
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